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1. THIS MSS 3A OK IS FOR 
2 SUBJECT: TASS CHANGE RECORD NO. 7 

3. PURSUANT TO REFERBICE MESSAGE, THIS CONTRACTOR IS PROCEEDING 
IMMEDIATELY TO INITIATE A SUBCONTRACT WITH 

FOR PROCUREMENT OF AN AIR TURBINE DRIVE. THE SUBCONTRACT WILL SPECIFY 
A PRELIMINARY 3WFQRT COVSRINO INITIAL PHASES OF THE DESIGN OF AN AIR 
TURBINE MOTOR AND PREPARATION OF A PRCCURB1EKT SPECIFICATION DURING 
THE PSIIOD WDING 18 JULY 1959. ESTIMATED COST FOR THIS PERIOD IS 


AUTHORIZATION AND ESTIMATED COST FOR WORK BEYOND THIS PERIOD 
WILL BE COVERED BY A LATER TCR. 

4. IN ACCORDANCE WITH THE ABOVE, CONTRACT Of’. SUBMITS THE FOLLOWING 
CHANGE TO THE CONTRACT WITH THE CUSTOMER: 
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BASIC TASK 
TCR NO. 1 (fef :Lne Duett) 
TCR NO. 2 (Hoc. Modal ) 
TCR NO. 3 (Kite. Model) 

4 (Inf :Ln« Duet) 

5 (Fieilltiai) 


TCR HO. 

TCR NO. 

TCR NO. 


TOTALS 

7 (Air Turb.Dr . ) 

ADJUSTED 
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